Arlington Town Yard Facility On-Site Assistance Contact: 


Mike Dupuis 
51 GROVE ST., ARLINGTON, MA 02476 ee 


mdupuis@commodorebuilders.com 
C: (508)-294-3836 


Construction Update 11/28/2022 


STAY INFORMED 


arlingtonma.gov/projects 


arlingtonma.gov/connect 


CONSTRUCTION DETAILS 


CONSTRUCTION SAFTEY 
CONSTRUCTION 5 WEEK SCHEDULE — STARTING WEEK OF NOVEMBER 28, 2022 


The above layout identifies demolition areas in the work site and impacts along Grove Street. 
Additional work to be performed in the upcoming weeks includes: 


CONSTRUCTION ACTIVITIES: 

- Building E — Continue Rough-In/Finishes of MEP & FP work 

- Building E— Gypsum Walls at Administration 

- Building E — Continue Exterior Wall Assembly (Metal & Terracotta Panels) 

- Building E — Installation of Skylights 

- Building E — Install Curtain Wall and Windows 

- Building E — Place Mechanical & Washbay Equipment at Premanufactured Structural Steel 
Maintenance Building 

-  Sitework — Drainage Structures, Excavation & Backfill at Underground Utilities & 
Obstructions 


PUBLIC IMPACTS: 
- Jersey Barriers will be used to direct traffic along Grove Street 
- During sitework, trucks will be entering and leaving the site regularly 
- Additional weekend construction, weather permitting, thru approximately 12/3/22 
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Arlington DPW Facility 
Project Photos — November 2022 
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Photo #2 — Building E Admin. & FP Rough, Insulation/Drywall Tops of 
Walls (11/8/22) 
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Photo #4 — Building E Admin. & Maintenance — West 
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Photo #5 — Building E Admin. Maintenance — East Elevation (1 1/ 8/22) | 


Photo #6 — Building E Maintenance South Elevation (11/11/22) 
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Photo #7 — Building E Maintenance Roof Insulation at Installe 
Seam Metal Roof, Mezzanine (11/8/22) 
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Photo #8 — Building E Maintenance Partial Slab on Grade (11/7/22) 
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